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Project title: Eco-design of new and innovative tungsten carbide based composites 
Year 1 (2023) Year 2 (2024) Year 3 (2025) 
Participant Acronyms of 
Task N° Task Denomination Person*month esl partners involved in| 1| 2| 3| 4| 5| 6| 7| 8| 9] 10) 11] 12)13/ 14| 15| 16| 17) 18| 19| 20| 21 | 22) 23| 24) 25| 26| 27) 28| 29| 30| 31 | 32) 33| 34| 35| 36 
responsible for task task 
1 Task 1 Literature research 9.8 UC UA, UC 
2 Task 2 Design of novel WC-based composites (screening process) 12.1 UA UA 
3 Task 3 Liquid phase sintering of novel WC-based composites 15.1 UA UA, Durit 
4 Task 4 Structural, microstructural and mechanical characterization 12.9 UA UA 


Task 5 Design experimental setup and characterization of the corrosion and tribocorrosion 


5 behaviour 21.6 UC UA, UC 
6 Task 6 Characterisation of the abrasive wear resistance of different WC-based composites 14.9 UC UC 
7 Task 7 Cavitation erosion to evaluate the integrity of WC-based composites 14.9 UC UC 
8 Task 8 Final diagrams for WC-based composites 4.9 UC UA, UC 
106.2 i i i i 
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